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Message Text 

CONFIDENTIAL 

PAGE 01 STATE 143223 
ORIGIN EBOE-00 

INEO OCT-OI A-OI ISO-00 SY-05 STE-OI OC-06 CCO-00 
EUR- 12 /026R 

DRAETED BY A/FBO:PWSTANGE:ADC 
APPROVED BY A/EBO:PRSEREY 
SY/EO:AHANREHAN (SUBS) 

ST/PO:HSTEINACKER (SUBS) 

OC/PE:GRICHARDSON (SUBS) 

OC/EUR:DSEDLACEK (SUBS) 

EUR/EX:PBOEINGER (SUBS) 

091687 070950Z/I1 

R 062235Z JUN 78 
EM SECSTATE WASHDC 
TO AMEMBASSY BONN 
INEO AMCONSUL ERANKEURT 

CONEIDENTIAL STATE 143223 

BONN ALSO EOR RCO; ERANKEURT ALSO EOR RSO/RSS/RTC 
E.O. II652: GDS 

TAGS: ABED, AEAC, AESP, ASEC 

SUBJECT: ERANKEURT COMCENTER RENOVATION, PROPERTY NO. 

COB X32I24 

REF: (A) FRANKFURT 4249, (B) STATE 135074 

1 . AUTHORIZED CONTRACT WITH LOWEST COMPETITIVE BIDDERS 
EOR WORK AND MATERIAL TO RENOVATE ERANKEURT COMCENTER 
EOLLOWING CONSTRUCTION SPECIEICATIONS IN OC/PE MEMO DATED 
OCTOBER 12, 1977 AND REVISED RENOVATION PLAN IN OC/PE MEMO 

DATED APRIL 28, 1978, EXCEPT TO ELIMINATE WOOD PANELING 
CONEIDENTIAL 

CONEIDENTIAL 

PAGE 02 STATE 143223 

EOR INTERIOR WALLS, AND THE REVISED DRAWINGS EOR SUSPENDED 
CEILING AND LIGHTING PLAN AND ELECTRICAL LAYOUT OUTLINED 
REFERENCE (B). COSTS DM 1 14,460 (DOES. 55,029 AT RATE 
EXCHANGE 2.08-1) AS REPORTED REEERENCE (A), REDUCED BY 
DM 4,000 EOR WOOD PANELS. COSTS FOR INSTALLATION GFE 
CONDUITS AND ELECTRICAL WIRING (ITEM 8 REEERENCE A) APPEAR 
HIGH. TRY REDUCE COSTS. 
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2. WOOD PANELS FOR INTERIOR WALLS WOULD CONSTITUTE A 
SERIOUS FIRE HAZARD AND ARE NOT APPROVED. POST SHOULD 
INSTEAD PAINT THE METAL WALLS. 

3. BILL OF ELECTRICAL MATERIALS FOR STATESIDE PROCUREMENT 
MENTIONED PARA. 2 REFERENCE (B) ARE BEING SENT UNDER 
SEPARATE COVER TO FRANKFURT. IN ORDER TO INSURE TIMELY 
DELIVERY FRANKFURT SHOULD SUBMIT OBLIGATION NUMBERS AND 
DATA NOW AT COST DOES. 7,145 PLUS ESTIMATED SURFACE 
SHIPPING DOES. 1,500, TELEGRAPHICALLY TO ST/PO WHO WILL 
PROMPTLY INITIATE PROCUREMENT UPON RECEIPT. 

4. AUTHORIZED USE LOCALLY MANUFACTURED LIGHT WEIGHT 
STEEL DOOR WITH FIRE PROOD LINER AS RECOMMENDED REFERENCE 
(A). 

5. XJ-4240 ALLOTMENT INCREASE DOES. 63,674 CODE 610 SPECIAL 
M AND R FOLLOWS. VANCE 


CONFIDENTIAL 


NNN 
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